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SPECIAL ORDINANCE NO. S- 




AN ORDINANCE approving Change Order 
No. 4 and FINAL for Board Order No. 
100-84, K-9 Ranch Drainage Improve¬ 
ment with T-G Excavating, Inc., in 
connection with the Board of Public 
Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 4 and FINAL for Board 
Order No. 100-84, K-9 Ranch Drainage Improvement with T-G Exca¬ 
vating, Inc., in connection with the Board of Public Works, for: 


the placement of rip rap on the 
bottom of the ditch instead of sod; 


involving a decrease of Sixteen and No/100 Dollars ($16.00), all 
as more particularly set forth in the specifications, which is on 
file with the Office of the Board of Public Works and Safety, and 
is by reference incorporated herein, made a part hereof and is 
hereby in all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 



Counci Imemb^j:;^ 


APPROVED AS TO FORM 
AND LEGALITY 



Bruce 0. Boxberger, /City Attorney 















on motion by -j? __ , 

’ the/ second time 


Read the first time in full and 
seconded by _, and duly adopted, read 

by title and referred to the Committee ^ . (aft4.-4A^-C,i tv 

Plan Cc^issipn.jfor recommendation) and PubJ/ic Hearlns^^to_bi^eld after 
dile^egaX notice, at the Council Chambers, City-County Buildihg7 :J’ort Wayne 

Indiana, on_, the _. ::i~~zn:r =n=r: —r d ay of 

o'cloc]^/ .M.,E.S 


DATE: 


r o - 


-tJi- 



CITY CLERK 

Read the ^^rd time in full and on motion by 

seconded by_ ,0 _, and duly adopted, plaoej^ 

passage. PASSED ( LOO T ) . by the following vote: ^ 


AYES 


NAYS 


ABSTAINED 


ABSENT 


TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 


GiaQUINTA 

HENRY 
REDD 
SCHMIDT 
STIER 
TALARICO 

DATE: 




-^3 - /-y 




7^ 




SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as (A N N EXATIO N)-(APPROPRIATI-ON)- (G E NER AL) 


(SPECIAL) 
on the 




ORDINANCE 
_^day of_ 


^RESem^PiON-)- NO. 


_, 19 , 




SANDRA E. KENNEDY, CITY CLERK 


(SEAL) 


dS 


PRESIDING OFFICER 
Presented by me to the Mayor of the City of Fort Wayne, Indiana, 
on the _ e»^o~^ d ay of ^ 19 ^ 


at the hour of _ / /-S^ _o'clock_ _.M. ,E.S.T. 

ZI7 

SANDRA E. KENNEDY, CITY CLERK 

Approved and signed by me this day of _ 


19 / , at the hour of 




_.M.,E.S.T. 


, - 


WIN MOSES, JR., MAYOR 


















































































CHANGE ORDER 


Change Order No. 4 and Final _ 

Project No. n/A 

Name of Projec t; k- 9 Ranch - Draininage Improvement 


TQJ-T-G Exca vating. Inc. __ 

(Contractor) 

Gentlemen: 

following changes from the contract plans and 


Resolution No. N/A 
Board Order No .l00~84 
Date: 26 Sept 1984 


Item 

No. 

Ouantitv 

Description of Chanee 

Description 

Unit Price 

Change in Co 

Decrease 

ntract Price 
Increase 

4 

100 SY 

Sod in Place 

2.80 

280.00 


5 

16 Tn 

Furnish and Install Rip Rap 

16.50 


264.00 



















Total Decrease 

Total Increase 

Net (Decrease) Contract Price 

280.00 

264.00 

- 18 .on 



The sum of $- 16^00 -is hereby ^aiidBskjdxx) (deducted from) 

and the final contract price shall be adjusted as follows: 


the total contract price 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order $ -8,26Q.OO 
New Contract Price including this Change Order $-8.260 00 

$-8.244 00 


for completi-on in the contract for this project is (unchanged) (d*cf.e^d) 

oflir^ s L TT' b ~ -date for S^lffion 

all work shall be - N/A ---. Furthermore, this document shall become an 


* rurrnermore, this document shall 

amendment to the ^tracj^nd all provisions of the contract shall apply hereto 

Chief Engineer Date ^ 

Date 

Date 


Recommended by: 

.-. M. 



7 /^ 7 / f/' 


Date I 


ish /SM 


Attested by:ls^ 


ln-¥--s4 





































































Change Order No. 4 and Final 


Resolution No. N/A 
Board Order No . 100-84 
REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for change: This Is a final close out change order. Almost all the 
original bid item quantities die not chane; however, due to continuous running 

of water in the new ditch it was practically impossible to lay sod on the 

bottom. Therefore the Engineering Department ordered rip rap be placed on the 
bottom and therefore, this change order reflects the final adjusted quantities. 


Will proposed change alter size of the project? Yes_ No X 

If yes, explain 


3. 


Affect on operation and maintenance cost of this project: 































BILL NO. 


S-84-10-15 


REPORT OF THE COMMITTEE ON UTILITIES 

HE, YOUR COMMITTEE OH OTILITIEg ^ 0 WHOM WAS REFERRED AH 

ORDINANCE_ approving Change Order No. 4 and FINAL for Board Order 

^2::_100-84, K-9 Ranch Drainage Improvement with T-G Excavating, Inc. 

in connection with the Board of Public Works and Safety 




HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE /7-, PASS. 


































TITLh OF ORDINANCE - K-9 Ranch. Drainage Improvement 




DEPARTMENT REQUESTING ORDINANCE 
SYNOPSIS OF ORDINANCE _Etoai clp.,e o i,r .N.n,. n.H... ... - 




_p.laced on. bottom of ditch insle^ad of sod. 
Contractor is T-G Excavating, Inc. 


EFFECT OF PASSAGE 


EFFECT OF NON-PASSAGE 


HONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease 1. contract amount nf nn 


ASSIGNED TO COMMITTEE 



































































